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BILL NO. S-81-02- 


SPECIAL ORDINANCE NO. 


a- 72 -?/ 


AN ORDINANCE approving a contract for 
Street Lighting Improvement Resolution 
No. 148-80 between the City of Fort 
Wayne, Indiana and Biggs Electrical 
Construction, Inc., Contractor for 
street lighting. 

BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF 
FORT WAYNE, INDIANA: 

SECTION 1. That a certain contract, dated February 4, 
1981, between the City of Fort Wayne, Indiana, by and through 
its Mayor and the Board of Public Works, and Biggs Electrical 
Construction, Inc., Contractor, for: 

underground wiring to light the 
Shawnee Drive - Webster Street area, 

under Board, of Public Works Street Lighting Improvement Resolu¬ 
tion No. 148-80, at a total cost of $16,833.30 to be paid for in 
installments by the Barrett Law Revolving Improvement Fund, all 
as more particularly set forth in said contract which is on 
file in the Office of the Board of Public Works and is by 
reference incorporated herein and made a part hereof, be and 
the same is in all things hereby ratified, confirmed and ap¬ 
proved. 

SECTION 2. That this Ordinance shall be in full force 
and effect from and after 
Mayor. 


APPROVED AS TO FORM AND 
LEGALITY FEBRUARY 20, 1981. 

^ _ 

JOHN E. HOFFMAN, CITY ATTORNEY 











Read the first time in full and on motion by_ 

seconded by _, and duly adopted, read the second time 

by title and rererred to the Committee //[/_,&■£& _(and the City 

plan Commission for recommendation) and Public Hearing to be held after 
due legal notice, at th^ Councj J^-Chambers, City-County Build i***gV Port Wayne, 
Indiana, on ' , the day of 

19 - - - 


DATE: 






_M. ,E.S.T. 


_ _ __ 1 clock_... ,_ 

CHARLES W. WESTERMAN 
CITY CLERK 


Read the third time in full and on motion by__ 

seconded by__, and duly adopted, placed on its 

passage. PASSED (-LQ^) by the following vote: 


TOTAL VOTES 

BURNS 
EISBART 
GiaQUINTA 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

SCHQMBURG 

STIER 
TALARICO 


AYES NAYS 

i 



DATE: 




ABSTAINED ABSENT TO-WIT: 



CHARLES W. WESTERMAN - CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, 
Indiana, as f sowi ng map^ (genepatO - (ANNEXATI O N ) r> (SPECIAL) 


(APIHIOTOTATION) ORDINANCE 
on the * 


(RB 3QLUTI 0N) 
day of 


TON )r (SPECIAL) 



CHARLES W. WESTERMAN 

Presented by me to the Mayor of the City of Fort Wayne, Indiana, on 




^Z36 


_day of 




1 / . 


at the hour of 
































































































S-81-02-49 


BILL NO. 


REPORT OF THE COMMITTEE ON 


CITY UTILITIES 


WE, YOUR COMMITTEE ON City Utilities _TO WHOM WAS REFERRED AN 

ORDINANCE Approving a contract for Street Lighting Improvement 
Resolution NO. 148-80 between the City of Fort Wayne, Indiana 

and Biggs Electrical Construction, Inc., Contractor for street 

• lighting 


HAVE HAD SAID ORDINANCE UNDER CONSIDERATION AND BEG LEAVE TO REPORT 































CONTRACT 


;.v 

^v-' - 


Res, No. 


148-80 


STATE OF INDIANA ) 
COUNTY OF ALLEN ) 


///-- f 



( 


THIS, AGREEMENT made and entered into this 
day of _ 1 9 81 / by and between: 

... ■ CITY OF FORT WAYNE 



The party of the first part, termed in this aareement and the 
Contract Documents as the "Purchaser,".and 


BIGGS ELECTRICAL CONSTRUCTION INC, 


The part of the second part, termed in this agreement and the 
Contract Documents as the "Contractor": 

WITHESSETH: 


THAT, WHEREAS, the Board of Public Works lias heretofore- 
caused^to be prepared certain contract documents for furnish¬ 
ing labor and equipment•and performing work therein fullv des¬ 
cribed, and the Contractor did, on the day of *" 

file with the Board of Public Works, a copy of said contract- 

documents, together, with his offer and terms therein fullv 
stated and set forth, and, y 

WHEREAS, the said contract documents accurately and fully 
describe the terms.and conditions upon which the Contractor is 
willing to.furnish the labor and equipment and perform the work 
called for by the said contract documents and in the manner and 
time of furnishing and performing same. 


IT IS THEREFORE, AGREED: 

FIRST - That a copy of said contract documents filed as 
aforesaid be attached hereto and that the same do in all par¬ 
ticulars become the agreement and contract between the parties 
hereto in all matters and things set forth therein and described 
and further, that both parties hereby accept and agree to the 
terms and conditions of said contract documents so'filed, for the 
following: 


To light the Shawnee Dr. - Webster Street area with unde rground 
wiring by, the Biggs Electrical Construction Inc. in the amount 
of $16,833.30. 



















/ 


SECOND - The Contract Documents hereto annexed are made 
a part of this agreement and contract as fully and as absolutely 
as if herein set out verbatim. 

This contract consists of the following component parts all 
of which are as fully a part of this contract as if herein set 
out verbatim, or if not attached, as if hereto attached: 

1. Advertisement for bids 

2. Instructions to bidders 

3. Specifications and special provisions 

4. Detailed specifications and addendum 

5. Construction drawings 

6. Application for cut permits into Fort Wayne street, 
county roads and/or State highways 

7. Street barricade maintenance information 

8. Contractor's bid 

9. Material list 

10. Bidder's Bond 

11. Non-Collusion Affidavit 

12. Certificate in lieu of financial statement 

13. Certificate in lieu of Equal Employment Statement 
and Affirmative Action Program 

14. Equal Opportunity Clause 

15. Federal Labor Standards Provisions 

16. Copeland "Anti Kick Back" Act (18 U.S.C. Sec. 874) 

17. Davis-Bacon Act 

18. Federal Wage Scale 

19. State Prevailing Wage Scale 

20. This Contract 

21. Performance Bond 

In the event that any provisions in any of the above com¬ 
ponent parts of this contract conflicts with any provision in any 
other of the component parts, the figured dimensions and sizes 
specified -are to take precedence over scale measurements, or 
should any part of the work, materials or apparatus be dimensioned 
or sized differently on different drawings or different parts of 
the same drawings, the larger or heavier sizes shall take precedence 
unless otherwise directed or corrected by the engineer. 

THIRD - The unit prices agreed to in this contract will re¬ 
main in effect until the work covered under this contract is com¬ 
pleted. 

FOURTH - This contract is executed in duplicate. 


FIFTH - It is further stipulated that not less than the 
general prevailing rate of wages as ascertained by the City of 
Fort Wayne or the Indiana Department of Labor shall be paid to 
all workmen performing work on this contract. 

SIXTH - It is further stipulated that Contractor shall pay 
all lav/ful claims or indebtedness which may accrue, by operation 
of law and otherwise, to any persons, firm or corporation on 
account of any labor or service performed or material furnished 
or service rendered, in the carrying forward, performing, and 
completing of said contract including Subcontractors, laborers, 
materialmen, and those performing service on account of or direct¬ 
ly in connection with the completion of said contract. 

SEVENTH - It is further stipulated that any judgment rendered 
against the City of Fort X'7ayne or any official thereof, in any 
suits for damages for injury to real or personal property, or for 
any injury, sustained by any person growing out of any act or 
doing of Contractor, or its agents, employees or workmen and that 
any judgment of any court or award of any Board of - Arbitrations or 
of the State Industrial Board of the State of Indiana rendered 
against the City of Fort Wayne in any suit or claim arising under 
said Workmen's Compensation Acts, of the State of Indiana, now in 
force, relating to compensation for accidental injuries or death 
suffered by his employees or the employees of any Subcontractor 
or Subcontractors in the course of their employment, when notice 
of the pendency of such suit, hearing or arbitration shall have 
been given said Contractor, shall be conclusive against Contractor 
as to amount, liability and all other things pertaining thereto; 
it being the intent of the parties hereto that Contractor indemnify 
and hold harmless City in the premises. 

EIGHTH - The Equal Opportunity Clause attached hereto is made 
a part of this Contract. 

NINTH - The Contractor shall furnish a Performance Bond in 
a form acceptable to the City of Fort Wayne for the full value 
of the work. 




BILL NO. G-78-10-41 (as amended) 

GENERAL ORDINANCE NO. G-34-78 (as amended) 

AN ORDINANCE amending Chapter 15 of the Code of the City of Fort Wayne, Indiana 
of 1974. 

BE IT ENACTED BY THE COMMON COUNCIL OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Section 15-13 "Employment under Municipal Contract," Article 
III, Chapter 15 of the Code of the City of Fort Wayne, Indiana of 1974 is amended 
to be and read as follows, to wit: 

"Sec. 15-13 Same - Under Municipal Contract. 

15-13-1 Definitions . As used in this Section, the following words have these 
meanings: 

a. The terms "Discriminates," "discriminating," "discriminatory" mean and 

include: 

(1) to promote segregation or separation in any manner, to treat any 
person differently, or to exclude from or fail or refuse to extend to 
any person equal opportunities with respect to hiring, termination, 
compensation, or other terms, conditions or privileges of employment, 
because of the race, religion, sex, color, national origin or handicap 
of any such person; 

(2) also, to fail to make reasonable accommodation to the known physical 
or mental limitations of an otherwise qualified handicapped employee; 

(3) also, to fail to make reasonable accommodation to the religious observance 
or practice of any employee or prospective employee unless the employer 
can demonstrate that the accommodation would impose an undue hardship 

on the conduct of the employer's business; 

(4) also, to make, print or publish, or cause to be made, printed or 
published any notice, statement, or advertisement with respect to 
employment that indicates a preference, limitation, specification or 
discrimination based on race, sex, religion, color, national origin or 
handicap; 

(5) the following practices are not included in the meaning of "discrimination" 

(a) for any not-for-profit association, incorporated or otherwise, 
organized exclusively for fraternal or religious purposes, to 
devote its resources to its own religion or denomination, or to 
give employment preference to its own members. 



NE/2 


(b) for any not-for-profit association, incorporated or otherwise, 
established for the purpose of offering or providing education, 
training or other social services and benefits to handicapped 
persons, to devote its resources to such handicapped persons with 
respect to such education, training or social services and benefits. 

b. The term "handicap" means and includes: 

(1) any physical or mental impairment which substantially limits one or 
more of a person's major life activities; or 

(2) a record of such an impairment, and includes, 

(3) a person who is regarded as having such an impairment; provided that, 

(4) this term does not include drug or alcohol abuse or addiction. 

c. The term "obstruct" means and includes the actions of any person knowingly 
obstructing the fair and lawful enforcement of this Article of this Chapter 
by coercing or intimidating any complainant or prospective complainant, or 
any witness to any act of discrimination as defined herein, after such 
person has received actual notice of a discrimination charge or has been 
served notice of a complaint filed. 

d. The terra "retaliate" means and includes the actions of any person in 
discriminating against any other person with regard to, or denying any 
other person access to or opportunities in employment, because any such 
other person has opposed any practice made unlawful by this Article of this 
Chapter, or because such other person has made a charge, testified, assisted 
or participated in any manner in an investigation, proceeding, or hearing 
under this Article of this Chapter. 

15-13-2 Mandatory Covenants . Every contract for or on behalf of the City of 
Fort Wayne for the construction, alteration or repair of any public building or 
public work or the performance of any other work or service shall contain 
provisions by which the contractor agrees, as follows: 

a. That in the performance of work under such contract or any subcontract 
thereunder, the contractor, subcontractor, nor any person acting on behalf 
of such contractor or subcontractor, will not discriminate against any 
person who is qualified and available to perform the work to which the 
employment relates. 

b. That such contractor, subcontractor, nor any person acting on behalf of 
such contractor or subcontractor will not obstruct the enforcement of this 
Article of this Chapter. 

c. That such contractor, subcontractor, nor any person acting on behalf of 
such contractor or subcontractor will not retaliate against any person. 
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15-13-3 Enforcement . Enforcement of this Article of this Chapter shall be 
through order of the Board of Public Works, in the following manner: 

a. Whenever any member of the Board of Public Works, or whenever the Affirmative 
Action Officer who is assigned to help watch over public contracts has 
reason to believe that any of the provisions hereof have been violated, the 
matter may be referred to the Metropolitan Human Relations Commission for 
investigation and initiation of discrimination charges against the contractor 
or subcontractor. Cases over which the Commission has no jurisdiction 
shall be investigated by said Affirmative Action Officer. 

b. A final order of the Metropolitan Human Relations Commission shall be 
forwarded to the Board of Public Works, which may invoke one of the remedies 
set forth in Sub Section 15-13-4 hereof. If it is a matter over which the 
Metropolitan Human Relations Commission has no jurisdiction, the Board of 
Public Works shall conduct a hearing to determine whether there has been a 
breach of this Article of this Chapter. In so doing, the Board may call 
upon the Commission for consultation. 

15-13-4 Remedies . Upon finding that a contractor or sub-contractor or any 
person acting on behalf of such contractor or subcontractor has violated a 
provision or provisions of this Article of this Chapter, whether discriminating, 
obstructing, retaliating, or otherwise, the Board of Works may: 

a. Deduct from the amount payable to the contractor by the City of Fort Wayne 
under such contract a penalty of no less than ten dollars ($10.00) per day, 
per violation, nor more than one thousand dollars ($1,000.00) per day, per 
violation. Each day on which a continuing violation exists, shall be 
deemed a separate offense; or, 

b. The Board of Works may cancel or terminate the contract, and all money due 
or to become due thereunder may be forfeited, for a second or any subsequent 
violation of this article of this Chapter. 

SECTION 2. That Chapter 15, Article III, of the Code of the City of Fort Wayne, 

Indiana of 1974 is further amened by adding thereto a new section 15-13A, which 

shall be and read as follows, to wit: 

"Sec. 15*-13A. A verbatim copy of Sec. 15-13 may be attached as an exhibit 
to and incorporated in and made a part of any contract made by or on behalf 

of the City of Fort Wayne, Indiana for any public work; which shall 

constitute compliance with Sec. 15-13-2." 




iVuring the performance of this contract, the contractor agrees 
a s follows r 

(1) The contractor will not discriminate against any employee 
or applicant for employment because of race, color, religion, sex, 
or national origin- The contractor will take affirmative action 
to ensure that applicants are employed, and that employees are 
treated during employment without regard to their race, color, 
religion, sex, or national origin- Such action shall include^ 
but not be limited to the following: Employment, upgrading, 
demotion, or transfer; recruitment or recruitment advertising; 
layoff or termination; rates of pay or other forms of compensation; 
.and selection for training, including apprenticeship- The contractor 
agrees to post, in conspicuous places, available to employees and 
applicants for employment, notices to be provided setting forth 
provisions of. this nondiscrimination clause- 

(2) The contractor will, in all solicitations or advertisements 
for employees placed by or on behalf of the contractor, state that 
all qualified applicants will receive consideration for employment 
without regard to race, color, religion, sex, or- national origin- 

• (3) The contractor will send to each labor union or representativ 
of workers with which he has a collective bargaining agreement or 
other contract or understanding, a notice to be provided advising 
the said labor union or workers* representatives of the contractor’s ' 
commitments under this section, and shall post copies of the notice 
in conspicuous places available to employees and applicants for 
employment- . ~ A 

(4) The contractor will comply with all provisions of Executive 
Order 11246 of September 24, 1965, and of the rules, regulations, 
and relevant orders of the Secretary of Labor. 

(5) The contractor will furnish all information and reports 
required by Executive Order 11246 of September 24, 1965, and by 
rules, regulations, and orders of the Secretary of Labor, or pursuan 
thereto, and will permit access to his books, records, and accounts 
by the administering agency and the Secretary of Labor for purooses 
of investigation to ascertain compliance with such rules, regulation 
and orders- 

(6) . Xn the event of the contractor’s noncompliance with the 
nondiscrimination clauses of this contract or with any of the said 
rules, regulations, or orders, this contract may be canceled, ter¬ 
minated, or suspended in whole or in part and the contractor may 

be declared ineligible for further Government contracts or federal!' 
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assisted construction contracts in accordance with procedures 
authorized in Executive Order 11246 of September 24, 19 65, and 
such other sanctions may be imposed and remedies invoked as 
provided in Executive Order 11246 of September 24, 1965, or by 
^regulation, or order of the Secretary of Labor, or as 
otherwise provided by law. 

(7) The contractor will include the portion of the sentence 
immediately preceding paragraph (1) and the provisions of para¬ 
graphs (1) through (7) in every subcontract or purchase order 
unless exempted by rules, regulations, or orders of the Secretary 
of Labor issued pursuant to section 204 of Executive Order 1124S 
of September 24, 1965, so that such provisions will be binding 
upon each subcontractor or vendor. The contractor will take such 
action with respect to any subcontract or purchase order as the 
administering agency may direct as a means of enforcing such pro¬ 
visions, including sections for noncompliance: PROVIDED, EOvTEVEE, 
That in' the event a contractor becomes involved in, or is threatened 
^ith, litigation with a subcontractor or vendor as a result of 
such direction by the administering agency, the contractor nay 
request the United States to enter into such litigation to protect 
the interests of the United States. * 


IN FAITH THEREOF, Witness th< 
parties on the day and year in thi: 


APPROVED: 



hands and seals of both 
agreement first above written. 



CONTRACTOR ; 6 l Gr <3 £ c,T<Zi 

C d/V STfZO C.T-/ 0/U'. 31 Me. 


BY: 

fee*' bGtrr ■?/ 















PERFORMANCE AND GUARANTEE BOND 


KNOW ALL MEN BY THESE PRESENTS, that we biggs electrical construction. i; jc. 

as Principal, and the United States Fidelity and Guaranty Co. _ 

___ , a corporation organized under the lav/s of the 

State of Indiana __, and duly authorized to transact business in the 

State of Indiana, as Surety, are held firmly bound unto the' City of Fort Wayne, 
Indiana, an Indiana Municipal Corporation in the sum of Sixteen thousand eight 

hundred eighty three and 40/100----—- 

( $ 16.883.40 _ ), for the payment whereof well and truly to be made, 

the Principal and Surety bind themselves, their heirs, executors, administrators, 
successors and assigns, jointly and severally, firmly by these presents. The 
condition of the above obligation is such that 

WHEREAS, the Principal did on the 14 day of ' January __ , 1 9 81 r 

enter into a contract with the City of Fort Wayne to construct Resolution #148-80 
Lighting for Shawnee Drive and Webster Street .* 


at a cost of $ 16.883.40 _, according to certain plans and specifications 

prepared by or approved by the City. ■ 

WHEREAS, the grant of authority by City to so construct such improvement 
provides: 

1. That said improvement shall be completed according to said plans and 
specifications, and contractor shall warrant and guarantee all work, mater¬ 
ial, and conditions of the improvement for a period of onc (i) year from 
the date of final acceptance in writing by the Owner; 

2. There shall be filed with the City, within thirty (30) days after comple¬ 
tion, a Completion Affidavit; 

tions, and repairs as required by the City, within thirty (30) days after 
notice. 














WHEREAS, said Surety, for value received, hereby stipulates and agrees that 
*70 change, extension of time, alteration, or addition to the terms of the con¬ 
tract or to the work to be performed thereunder, or the specifications accom¬ 
panying the same, shall in any way affect its obligation on this bond, and it 
does hereby waive notice of any such change,' extension of time, alteration or 
addition to the terms of the contract, or to the work or to the specifications. 


NOW THEREFORE, if the principal shall faithfully perform all of the terms and 
conditions required of it by the contract and shall for one ( 1 ) year after 
acceptance of said improvement by City warrant and guarantee said improvement 
and shall indemnify the City for all loss that City may sustain by reason of the 
Principal's failure to comply with any of the terms of the authorization, then 
this obligation shall be void, otherwise it shall remain in full force and effect. 

. * 
BIGGS. ELECTRICAL CONSTRUCTION, \IWC. •< 

(Contractor) 7 [y. } 

BY : -v , '&/■ ■■ c • *•>' <■’ ' j 

. : \ \ •' - 

ITS: Fred M. Biggs. President ' \ Y 

. > n . . ‘ 


ATTEST: 



*lf signed by an agent, power of 
attorney must be attached 


United States Eldelity & Guaranty Co . 

Surety:.-' 

S—^by : ^ 

/ ^^Authdri^cfEA^e'fit " ' >i ‘v ; • 

f (Atto i niey^ii>-'Fact) Robert, L. Retainer 



ATTACH POWER OF ATTORNEY 











(CERTIFIED COPY) 

GENERAL POWER OF ATTORNEY 

No.5.9M9. 


Know aU Men by these Presents: 

That UNITED STATES FIDELITY AND GUARANTY COMPANY, a corporation organized and existing under the laws of the 
State of Maryland, and having its principal office at the City of Baltimore, in the State of Maryland, does hereby constitute and appoint 

Robert L. Pettiner 


of the City of Indianapolis .Stateof Indiana 

its true and lawful attorney ittSWiX jox tix Roct* XXofx 


for the following purposes, to wit: , » 

To sign its name as surety to, and to execute, seal and acknowledge any and all bonds, and to respectively do and perform 'ar?v arid - 
all acts and things set forth in the resolution of the Board of Directors of the said UNITED STATES FIDELITY AND GUARANTY 
COMPANY, a certified copy of which is hereto annexed and made a part of this Power of Attorney; and the said UNITED STATES 
FIDELITY AND GUARANTY COMPANY, through us, its Board of Directors, hereby ratifies and confirms all and whatsoever the said 

Robert L. Pettiner ' c! 


may lawfully do in the premises by virtue of these presents. 

In Witness Whereof, the said UNITED STATES FIDELITY AND GUARANTY COMPANY ha3 caused this instrument to he 
sealed with its corporate seal, duly attested by the signatures of its Vice-President and Assistant Secretary, this 13th day of 

September , A. D. 19 44 

UNITED STATES FIDELITY AND GUARANTY COMPANY. 


(SEAL) 

STATE OF MARYLAND, 
BALTIMORE CITY, 


(Signed) 

(Signed) 


By ._ 

G. P. Moore 


Vice-President. 


Assistant Secretary. 


On this 13th day of September » A. D. 19 44, before me personally came 

P. F. Lee , Vice-President of the UNITED STATES FIDELITY AND GUARANTY 

COMPANY and G. P. Moore * Assbtant Secretary of said Company, with both of 

whom I am personally acquainted, who being by me severally duly sworn, said that they resided in the City of Baltimore, Maryland; 
that they, the said P. F. Lee and G. P. Moore were respectively 

the Vice-President and the Assistant Secretary of the said UNITED STATES FIDELITY AND GUARANTY COMPANY, the cor¬ 
poration described in and which executed the foregoing Power of Attorney; that they each knew the seal of said corporation; that the 
seal affixed to said Power of Attorney was such corporate seal, that it was so fixed by order of the Board of Directors of said corpora¬ 
tion, and that they signed their names thereto by like order a3 Vice-President and Assistant Secretary, respectively, of the Company. 
My commission expires the first Monday in May, A. D. 194o 

(SEAL) (Signed) .Dorothy, S..-.Drexel. 

Notary Public. 

STATE OF MARYLAND 1 

BALTIMORE CITY, J Sct ‘ 

X, M . Luther Pittman , Clerk of the Superior Court of Baltimore City, which Court is a 

Court of Record, and has a seal, do hereby certify that Dorothy S. Drexel , Esquire, before 

whom the annexed affidavits were made, and who has thereto subscribed his name, was at the time of so doing a Notary Public of the 
State of Maryland, in and for the City of Baltimore, duly commissioned and sworn and authorized by law to administer oath3 and take 
acknowledgments, or proof of deeds to be recorded therein. 1 further certify that I am acquainted with the handwriting of the said 
Notary, and verily believe the signature to be hi3 genuine signature. 

Jin Testimony Whereof, I hereto set my hand and affix the seal of the Superior Court of Baltimore City, the same being a Court 
of Record, this 13th day of September , A. D. 19 44 

(SEAL) (Signed) .. 

Clerk of the Superior Court of Baltimore City. 
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COPY OF RESOLUTION 


That Whereas, it is necessary for tlie effectual transaction o£ business that this Company appoint agents and attorneys with power 
and authority to act for it and in its name in States other than Maryland, and in the Territories of the United States and in the Provinces 
of the Dominion of Canada and in the Colony of Newfoundland. 

Therefore, be it Resolved, that this Company do, and it hereby does, authorize and empower its President or either of its Vice- 
Presidents in conjunction with its Secretary or one of its Assistant Secretaries, under its corporate seal, to appoint any person or persons 
as attorney or attomeys-in-fact, or agent or agents of said Company, in its name and as its act, to execute and deliver any and all con¬ 
tracts guaranteeing the fidelity of persons holding positions of public or private trust, guaranteeing the performances of contracts other 
than insurance policies and executing or guaranteeing bonds and undertakings, required or permitted in all actions or proceedings, or 
by law allowed, and 

Also, in its name and as its attorney or attomeys-in-fact, or agent or agents to execute and guarantee the conditions of any and all 
bonds, recognizances, obligations, stipulations, undertakings or anything in the nature of either of the same, which are or may by law, 
municipal or otherwise, or by any Statute of the United States or of any State or Territory of the United States or of the Provinces of the 
Dominion of Canada or of the Colony of Newfoundland, or by the rules, regulations, orders, customs, practice or discretion of any board, 
body, organization, office or officer, local,' municipal or otherwise, be allowed, required or permitted to be executed, made, taken, given, 
tendered, accepted, filed or recorded for the security or. protection of, hv or for any person cr persons, corporation, body, office, interest, 
municipality or other association or organization whatsoever, in any and all capacities whatsoever, conditioned for the doing or not doing 
of anything or any conditions which may he provided for in any such bond, recognizance, obligation, stipulation, or undertaking, or 
anything in the nature of either of the same. 

I, Richard Calder t an Assistant Secretary of the UNITED STATES FIDELITY AND 

GUARANTY COMPANY', do hereby certify that the foregoing is a full, true and correct copy of the original power of attorney given 
by said Company to ... 

Robert L„ Pettiner 


of Indianapolis, Indiana , authorizing and empowering him to sign bonds as therein set 

forth, which power of attorney has never been revoked and is still in full force and effect. 

And I do further certify that said Power of Attorney was given in pursuance of a resolution adopted at a regular meeting of the 
Board of Directors of said Company, duly called and held at the office of the Company in the City of Baltimore, on the 11th day of 
July, 1910, at which meeting a quorum of the Board of Directors was present, and that the foregoing is a true and correct copy of said 
resolution, and the whole thereof as recorded in the minutes of said meeting. 


In Testimony Whereof, I have hereunto set 


COMPANY on 


(Date) • / 


my hand and the seal of the UNITED STATES FIDELITY AND GUARANTY 

v, /ye/ 





WAGE SUALE 


■ CODE: S-SKILLED 

SS-SEMI SKILLED 
US-UNSKILLED 
IF-INDUSTRIAL FUND 
PW-PER WEEK 


rf the undersigned committee, being Appointed to prepare a schedule of the prevailing 
wages to be paid in connection with, ALL CONSTRUCTION AND MAINTENANCE CONTRACTS BY 
TtfE BOARD OF WORKS, CITY OF FT. WAYNE, INDIANA, DURING THE MONTHS OF JANUARY, FEBRUARY 
AND MARCH, 1981. 

in compliance with the provisions of CHAPTER # 319 of the acts of the GENERAL ASSB-JBLY of 
INDIANA, 1935, have established a schedule as hereinafter set forth for the following trades 
to wit; 


TRADES OR OCCUPATION 

CLASS,_ 


HSW 

pen 


APP. 

K1SC. 

ASBESTOS WORKER 

S 


15.00 

• 55 

1.25 



3c If 

BOILERMAKER 

s 


16.00 

1.37* 

1.40 


3? 


BRICKLAYER 

s 


13-11 

.67 

.80 


2? 

6 If 

CARPENTER (BUILDING) 

s 


12.30 

.70 

62: 


2C 

4 if 

(HIGHWAY) 

*> 


12.73 

.80 

.80 


5c 

2 if 

CEMENT MASON 

s 


11.85 

.75 

.80 


2C 


ELECTRICIAN. 

s 


14.85 . 

,55 

3?:+. 70 


6c 

15 if 

ELEVATOR CONSTRUCTOR 

s 


13-53* 

1.19* 

-95 

82; 

!*£ 


t _ZIER 

s 


12.39 


.25 

.40 

6c 

31 Choi I day 

IRON WORKER 

s ' ! 


14.20 

1.00 

1.60 


4c 

25cannuity 

2 if 

LABORER {BUILDING) 

3-SS 

US 


9.35-10.35 

.85 

.75 


9c 

. 

(HIGHWAY) 

3^113^ 

ss 

9.00-9.85 

.85 

• 75 


9c 


(SEWER) 

a-usr 

SS 

9.00-9-85 

-85 

.75 


9c 


LATHER 

S 


12.33 


.80 


1C 

3 if i 

MILLWRIGHT C P1LEDRIVER 

S 


12.70 

.70. 

62: 


• 2C • 

4 If 

OPERATING ENGINEER (BUILDING) 

S-SS 

US 


9.4o-i4.oo 

.75 

.90 


10c 


(HIGHWAY) 

3-SS- 

US 

9.29-12.94 

.75 

.05 


10c 


(SEWER) 

S-SS- 

US 

9.29-12.44 

*75 

.65 


10c 


PAINTER 

s 


10.70-11.70 

.60 

1.00 


izc 

6c ml sc. | 

PLASTERER 

s 


12.30 

.60 

.80 



| 

PLUMBER £* STEAMFITTER 

s 


15.12 

,85 

1.30 


7c 

7C If 

MOSAIC & TERRAZZO GRINDER 

s 


9.50-11.50 






L -ER 

s 


12.90 


.40 




SHEETMETAL WORKER 

s 


14.16 

-92 

1.01 


15c 

48 sasmi 

15 If 

TEAMSTER (BUILDING) 

s-ss 

us 


10.601-11 - 5: 

3b.50pw 

* 

il .00pv 




(HIGHWAY) 

S-SS- 

US 

fO -T0T81 

34.50pw 

Tr.oOfv 

-/ 




If any CLASSIFICATIONS ARE CMITTED IN THE ABOVE SCHEDULE, THE PREVAILING WAGE SCALE SHALL BE 
Paid. The above and forgoing shall shall be the minimum prevailing wage scale for this project 
c 3 sat by the wage scale committee, but in no way shall it prevent the contractor or sub - 
contractor from paying a higher rate of wages than set out in the schedule of wages on file. 

DATED THIS /.& DAY 0? . 19 & 6 dl/ts / __ 

REPRESENTING GOVERNOR, STATE OYj INDIANA. 

_p f / a. xL/^viJoji 

REPRESENTUG THE A^ARD INC /CENT. 

^ ^ ______ 

; REPRESENTING STATE A.F.L. & C.1.0. 






















































Z__ 1ST. LIGHT ENGINEERING, CITY OF FC 

. ! BID ANALYSIS SHEET 


PROJECT = SHAWNEE DR. - WEBSTAR STREET 


DATE« 1/7/81 RFR NO 148-80 

Biggs Electrical. 
Construction Inc, 

T & F Construction 
Corporation 

N.G. Gilbert 
Corporation 

ITEM 

QUAN. 

UNIT 

MATERIAL DESCRIPTION 

ENGR. 

ESTIMATE 

EXTENSION 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

001 

30 

ea. 

Install 16 ' pole w/poleset 

4 66.00 

4 1 , 980.00 

$ 63.20 

4 ■ 1.896.00 

4 75.00 

4 2.250.00 

4 63.00 

4 1.890 

002 

30 

ea. 

Install TC 100R L &L 

$ 42.00 

$ 1 , 260.00 

$ 32.20 

$ 966'. 00 

4 45.00 

4 ' 1.350.00 

4 42.75 

4 1.282 

003 

1590 

L.F. 

Trench in earth -2i0" deeo 

4 1.40 

$ 2 . 226.00 

4 1.15 

4 1.828.50 

4 I .80 

$ 2,86?.on 

4 1-15 

4 1 ,R?fl 

004 

1645 

L.F. 

Bore or push 1 1/21" tubing 

under trees,streets,walks,etc 

$ 5-50 

$ 9,047.50 

$ 4.60 

$ 7,567.00 

4 3.8o 

4 6 , 251.00 

4 5.00 

4 8.225 

005 

3920 

L.F. 

Install 2/C and/or 1 1/C #4,A1ui 
-T n trench or conduit 

*4 0.55 

4 2,156.00 

$ 0.32 

$ 1,2.54.40 

4 0.30 

4 1 , 176,00 

4 0.60 

4 . 2,352 

006 

1770 

L.F. 

Fine grading seeding & mulch 

$ 0.55 

$ 973.50 

$ 0.32 

$ 566.4b 

$ 0.35 

4 619.50 

4 0.55 

4 973 

007 

2 

ea. 

Install 10' riser 

$ 40.00 

$ 80.00 

$ 27.50 

$ 55.00 

O 

O 

4 90.00 

•4 44.25 

4 ' 8e| 

008 

37 

L.S. 

Remove existing orn. poles 
foundation inc.backfill&seed- 

L.S.- 

4 4.070.00 

S2.700.0C 

1 4 2.700.00 

43.700.0l 

)4 3.700.00 

42.240.0 

14 2,240. 




ing 












TOTAL BID 


$ 21,793.00 


4 16 , 833.30 


4 18.298.50 


O 

CO 

CO 




Material furnished by City 


$ 10,905.40 


$ 10,905.‘40 


4 10,905.40 


410 , 905 . 




Engineering & Inspection 


$ 3,269.84 


$ 3,269.84 


4 3 , 269.84 


4 3,269 




Labor by City Forces 


$ 442.50 


$ 442.50 


4 442.50 


4 442 




Advertising 


O 

O 

O 


$ '40.00 


4 ' 4o.oo 


4 4o 
















TOTAL CONTRACT 


$ 36,450.74 


4 31,491.04 


4 32 , 956.24 


433,537 




























jSover/under 




22.76% 


- 16 . oh% 


- 13 

_ 



- - - 

— 

- -.- ~ 

- - - 

- . . 


- . - 


— 






















































^GINEERING, CITY OF FORT WAYNE 
BID ANALYSIS SHEET 


CONTRACTORS 



Biggs Electrical. 
Construction Inc, 

T & F Construction 
Corporation 

N.G. Gilbert 
Corporation 





UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT- 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 

UNIT 

BID 

TOTAL 

BID 


$ 63.20 

4 ■ 1,896.00 

4 75.00 

4 2.250.00 

4 63.00 

4 1 . 890.00 








$ 32.20 

$ 966.00 

4 1+5.00 

4 '1,350.00 

4 42.75 

4 1 . 282.50 








4_1.15 

$ 1.828.50 

4 i.Rn 

$ 2,869.00 

fj? l .is 

A--L, 828-50 








$ 4.60 

$ 7,567.00 

$ 3.80 

4 6.251.00 

4 5.00 

4 8.225.00 








$ 0.32 

$ 1,2.54.4o 

$ 0.30 

4 1,176,00 

$ 0.60 

4 2.352.00 




* 




$ 0,32 

$ 566 . 1+0 

$ 0.35 

$ 619.50 

$ 0.55 

4 973.50 








$ 27.50 

$ 55.00 

$ 1+5-00 

$ 90.00 

-$ 44.25 

$ ' 88.50 








ro 

-a 

0 

0 

0 

l 4 2.700.00 

$3.700.01 

>4 3.700.00 

42.240.0 

)4 2,240.00 






















4 16,833.30 


4 18.298.50 


418 . 880.00 









$ 10,905.1+0 


$ 10,905-1+0 


$10,905.40 


' 







$ 3,269.81+ 


$ 3,269.81+ 


$ 3 , 269.84 









$ 1+1+2.50 


$ 1+1+2.50 


$ 442.50 









$ •1+0.00 


O 

O 

O 


$ 40,00 






















$ 31,1+91.01+ 


$ 32,956.24 


$ 33 , 537.74 















| 













) 







22.76$ 


- 16 . 04 $ 


■ 13,37$ 


[ 













1 

i •' 












































































Admn. Appr. 


DIGEST SHEET 




TITLE OF ORDINANCE STR EET LIGHTING IMP. RES. 148-80 TO LIGHT THE SHAWNEE DRIVE - 
WEBSTER STREET AREA. 

DEPARTMENT REQUESTING ORDINANCE BOARD OF PUBLIC WORKS _ 


SYNOPSIS OF ORDINANCE STREET LIGHTING IMPROVEMENT RESOLUTION 148-80 TO LIGHT THE 


SHAWNEE DRIVE - WEBSTER STREET AREA WITH UNDERGROUND WIRING BY BIGGS 


ELECTRICAL CONSTRUCTION, INC. 


EFFECT OF PASSAGE THE SHAWNEE DRIVE - WEBSTER STREET AREA WILL HAVE NEW UNDERGROUND 
WIRING FOR LIGHTS. 


EFFECT OF NON—PASSAGE ABOVE DESCRIBED CANNOT OCCUR. 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURES, 


SAVINGS) 


to be paid for in installments by the Barret Law Revolving Improvement Fund. 


ASSIGNED TO COMMITTEE (PRESIDENT) 
























